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DPD 7429-59 


30 October 1959 


PRGGRA /I APPR OVAL 


1. PURPOSE: 


Installation of APG-53A terrain avoidance radas 


on 


loan to the Navy to provide for a joint CIA- Navy testing, allowing CIA 
to fully test an urgently needed item without the expense of purchasing 
equipment or paying for test program. (Navy to furnish equipment and 
pay for testing and maintenance. ) 


2. DESCRIPTION OF WORK OR SERVICES REQUIRED: 
i» Install APG-53A elements i rf 


b. Install APG-53A wing an 1 fuselage wiring 


c. Install APG-53A indicator ir 

d. Mount complete APG-53'. assemblies in\ 
All tasks performed by LocLheecj 


3XPECTED ADDITIONAL ( A 3E.TA.TED WORE CR SERVICES: 


25X1 


None. 
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4. TOTAL ESTIMATED COST: 


1m, f funded (*> pec '(sc*///, baf ■' ? V p/’ycded // *'f/( be Co&fed 
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DPD COMPTROLLER RSMi-.SKS: 
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Cost Ceoe 
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s. DE LIVE RY SCHEDULE OR PERIOD OF PERFORMANCE: 

Job to be completed by 10 January 1959. (Requires Lockheed be given 
go ahead by 15 November 19~9. ) 


a&t- 


NAVY review(s) completed. 
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6. REMARKS: 


See attached technical memoranda. 
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CON'S UR: 




57 II BURKE 

Colonel USAF /'? NO V 
Acting Chief, DPD 
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'STANLEY yy. BEEELI 
Chief, Operations Branch 
Authorized DPD-DD/P Requester 
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APPROVED: or ftSCTMmTO rOR APPK6 ¥Afc» 
(Approving officer strike out one) 
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: I CHAR D M. BISSEI/L, JAr 
Deputy Director 
(Plans) 
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DPD-DD 

Distribution: 


/brn 


1 - Contracts /DPD 

1 - DD/P 

1 - AG /DPD 

1 - Finance /DPD 

1 - Ops /DPD (Tech Section) 

1 - Ops /DPD (chron) 

1 - Cl /DPD 
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